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BILL NO: S-8511- hs 


SPECIAL ORDINANCE NO. S- 5 /- Ke 


AN ORDINANCE approving Change Order 

#] (FINAL) for Res: 406-84, Lincoln- 
dale Addition Sanitary Sewer Extension, 
with All Star Construction & Excavating, 
Inc., in connection with the Board of 
Putlic Works and Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 (FINAL) for Res. 
406-84, Lincolndale Addition Sanitary Sewer Extension, with All 
Star Construction & Excavating, Inc., in connection with the 
Board of Public Works and Safety, for: 
a close out change order which reflects 
the measured final field quantities. 
Due to unsuitable subsoil conditions, 
it was determined during construction 
that "Base Stabilization" was required 
and thus the special backfill quanti- 
ties were increased. Also, the chip 
and seal streets within the project was 
increased to a more adequate width. 
Furthermore, for the storm portion of 
the project, it was field determined 
that inlet structures and additional 
piping were required; 
involving a net increase of Twenty-One Thousand Five Hundred 
Ninety-Eight and 19/100 Dollars ($21,598.19), all as more partiz 
cularly set forth in the specifications, and which is on file 
with the Office of the Board of Public Works and Safety and is 
by reference incorporated herein, made a part hereof and is 
hereby in all things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 





Bruce O. Boxberger, City Attorney 










Read the-first time in full and on motion by 


r 
seconded ‘by =! to ANA sau: cond time 





by titie and ee ae to the Committee (and the City 
Plan Commission fox recommendation) and Public Hearing sd sar ces 
due legal Soe at the Council Chambers, City- County Building, Fort Wayn: 
Indiana, on bee day of 


Ui TEE oS ee” ah Sine, Pee eee r Farg 
DATE: LAA AT i F 


Read the A in full and on motion by 
, and..duly adopted, plac 


seconded by 
passage. PASSED (OS®) by the following vote: 
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NAYS ABSTAINED ABSENT. TO-WIT: 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


PV SAL dd flstghs 


TALARICO 


DATE: jl a ES ire É a 
SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (A PPROPRIATION) GENERAL) 
(SPECIAL) (ZONING-MAP) ORDINANCE ( Ce e a E 
on the C6 EEO day of WA fag Ja. 
(SEAN yy 


ATTEST;: 
fo A Oe i /@, (Aly K 


SANDRA E. KENNEDY, CITY CLERK 













PRESIDING OFFICE 


Presented by me to the tases of the City of Foyt Wayne, Indiana, 


on the! = 967 _aay of ee oe igh ee 
Á f 
at the hour of LE OR go clack S| WM. EST. 
oe be ec, vA £ E 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this St day of DP POO 2% ; 
19 ao: - at the hour of 3.90 o'clock aah IMs Ec ST. 
Ea ees aae me. ee. a eo 
PEA 


WIN MOSES; JR., MAYOR 


CHANGE ORDER 


Change Order Nc, l and Final __ ee te Resolution No. 406-1984 


Project No. EAS IRE DIN i eae ate BS Board Order # 87-84 
Name of Project: Lincolndale Addition Sanitary Sewer Extension Date 10/30/85 


to: All Star Construction & Excavating, Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 






pt seriatian 6h Ghamee 4 ___ Change in Contract Price 
_Quantity| ___Deseription E Unit Price Decrease Increase 











' The sum of $ 21,598.19 is hereby (added to) @bexdtuctexkxigom) the total contract price and 


the final contract price shall be adjusted as follows: 


Net QRR) (Increase) 


Original Contract Price $ 270,536.50 
Current Contract Price Adjusted by Previous Change Order $ 270,536.50 
New Contract Price including this Change Order : $ 292,134.69 


The time provided for completion in the contract for this project is @ugghangedifkincreased) 
COEK) by 180 calendar days due to this Change Order. The date for completion 
of all work shall be _15 April 1986 . FURTHERMORE, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 





Recommended by: Chief Rig dnkells Date Mea- as 19 F5 


Accepted by: Date 


Date Mov J (78S 
Date //~ S~— a 


Approved by: 





Approved by: 


Attested by: J )) Clerk Date J i> | iy E 
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ATTACHMENT TO CHANGE ORDER 








46 .6+LF 8" Sewer Pipe 


6" 'T' or 'WYE' (inc cap and plug) 
piug 


Haas 


5 +SY|] 4" Asphalt Driveways 


He 
REHNE 


Unit Price 
TP E A A EO IE ETI EEE E 


129.00 


6" Building Sewer Extensions 14.25 
Compacted #53/#73 Special Backfill eet ae | 
#5 Limestone for Driveways 


Danse 


Decrease 


1,220.92 


54.00 


dH 


11.00 55.00 
1372 +SY{ Double Chip and Seal 

3 4SY| 10" Deep Strength Asphalt (Hatfield) 24.00 
35 +4SY{ 1" A-2 Surface Asphalt (Hatfield) 3.25 


4"-12" Field tile & Culvert Pipe - Eee 


490 +Tn| #53 special Backfill as Subbase 
500 24" RCP Class III, Plain Joint 11.00 


RAJE 


579 +SY Seeding, Mulch, Fertilizer & TopSoil 
CFW Std. Inlet 592.50 


66.5+LF 8" PVC Pipe Storm Sewer Installation 12.70 
451. 0+LF 12" PVC PipeStorm Sewer Installation 15.00 
12.54LF 15" PVC Pipe Storm Sewer Installation 16.85 


z 
- 


Net (Decrease) (Increase) 


Total Decrease 


Total Increase 


Contract Price 


72.00 


672.00 . 


260.55 


5,500.00 


258.00 
2,379.75 


2,301.44 


2,401.00 


113.75 


3,552.50 


2,962.50 


844.55 


6,765.00 


210.63 


372.00 


24 


25 


26 


ATTACHMENT TO CHANGE ORDER 





: Description : 5 Unit Price Decrease 


a 
4375+ LF 15" PVC Pipe Material 





HR 
il 


Total Decrease 7,834.47 


Total Increase 


Net (Deoneaee (Increase) Contract Price 


Increase 
2,320.50 
1,559.79 

757.50 


2,633.75 


29,432.66 


21,598.19 


Ls 
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Change Order No. l and Final 
. Resolution No. 406-84 
Board Order No. 87-84 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__ This is a close out change order which reflects the 





measured final field quantities. Due to unsuitable subsoil conditions, it was 





determined during construction that "Base Stabilization" was required and thus 





the special backfill quantities were increased. Also, the chip and seal streets 





within the project was increased to a more adequate width. Furthermore, for the 





storm portion of the project, it was field determined that inlet structures and 








additional piping were required. 











Will proposed change alter size of the project? Yes No xX 


If yes, explain 








Affect on operation and maintenance cost of this project: 





N/A 

















= i 3 x 7162 
; Admn. Appr. 


TITLE OF ORDINANCE Change Order #1 (Final) for Res. 406-84, Lincoln 


DEPARTMENT REQUESTING ORDINANCE Board.of Public Works & Safety x S/F 


SYNOPSIS OF ORDINANCE Change Order #1 (Final) for Res. 406-84, Lincolndale Addition 


le Addn. San. Sewer 









Sanitary Sewer Extension is a close out change order which reflects the measured 
final field quantities. Due to fsueeabie subsoil conditions, it was determined 
` during construction that "Base Stabilization" was required and thus the special 
backfill quantities were increased. Also, the chip and seal streets within the 
project was increased to a more adequate width. Furthermore, for the storm .. 
portion of the project, it was field determined that inlet structures and 
additional piping were required. All Star Construction § Excavating, Inc. is 


the Contractor. 


EFFECT OF PASSAGE To facilitate completion of this project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $21,598.19 


ASSTGNED TO COMMITTEE 


BILL NO. $-85-11-19 


REPORT OF THE COMMITTEE ON CITY UTILITIES 





WE, YOUR COMMITTEE ON ` CITY UTILITIES - | - TO WHOM WAS 





REFERRED AN (ORDINANCE) `: (RESOLUDIQN) approving Change Order #1 


(FINAL) for Res. 406-84, Lincolndale Addition Sanitary Sewer 


Extension, with All Star Construction & Excavating, Inc., in connection 





with the Board of Public Works and Safety 


ies AEn IER eee ee enon aver LS)» Rare a TREO ot 
TS Sia AR ee eee DEES KAN AE Le, SRN LOR oe CaM Ke UMBC ie ES A AGA, 








HAVE HAD SAID (ORDINANCE)  (BRSQhWEE@N) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESQEBREON) 


EG Se oe es : NO 











~ ‘THOMAS C. HENRY 
— CHAIRMAN . 





Lote S JA ndati JANET G. BRADBURY T RA 
VICE CHAIRWOMAN EE a ™ Cae, Ho ae 






DONALD J. SCHMIDT 


JAMES S. STIER. 








eee | : Ze 9 CHARLES B. REDD 


CONCURRED IN A [oL SANDRA E. KENNEDY 
i ; oe CITY CLERK 








